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SUBJECT: COUNTER-TERRORISM CONSTRUCTION - SEOUL 

REF: A) SEOUL 5820 
B ) SEOUL MEMO OF 7/12/78 

1 . REVIEW OF FLOOR PLANS SUBMITTED BY REFERENCE B PROVIDED 

NO ASSURANCE THAT THE WTMD WOULD FUNCTION UNDER CONDITIONS 
OF UTILIZATION OF STAINLESS STEEL FRAMED ENTRANCE DOORS. 
DURING HOLD A/LEE TELEPHONE CONVERSATION IT WAS STRONGLY 
RECOMMENDED THAT ALUMINUM FRAMED DOUBLE DOORS BE UTILIZED 
LIMITED OFFICIAL USE 
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TO LESSEN ANY MAGNETIC INTERFERENCE. PLEASE SUBMIT REVISED 
COST ESTIMATE FOR FOUR SETS, REPEAT FOUR SETS OF ALUMINUM 
FRAMED DOORS ASAP. 

2. IT IS DIFFICULT TO ESTABLISH RESPONSIBILITY FOR DAMAGED 
PANELS THAT WERE SHIPPED TO POST. IN THIS REGARD, DEPART- 
MENT WILL FUND A TOTAL OF DOLLARS 6,930 APPROXIMATE COST 
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FOR SAFETY GLASS REPLACEMENT. 

3. THE DEPARTMENT HAS NO PROBLEM WITH REQUESTED MODIFI 
CATION DESCRIBED IN FLOOR PLAN B OF REFERENCE B. PLEASE 
CONFIRM BY IMMEDIATE TELEGRAM DIMENSIONS PROVIDED FOR 

REQUESTED 3 PANES OF TRANSPARENT ARMORING SINCE NUMBERS 
WRITTEN ON LINE DRAWINGS ARE NOT CLEAR BUT APPEARS TO 
REQUIRE 2 SHEETS 48” X 47" WITH TALK THRU; 1 SHEET 
48" X 32" WITH NO TALK THRU FACILITY. OPR/ST/P WILL 
OBTAIN COST ESTIMATE FROM CONTRACTOR AS SOON AS CONFIRMA- 
TION IS RECEIVED. 

4. OPR/ST/P WILL ORDER 2 NORCON UNITS REQUESTED IN REFTEL 
A. COST ESTIMATE WILL ALSO BE PROVIDED TO THE POST. 

5. BASED ON ABOVE, AND ALL PREVIOUS, THE DEPARTMENT WOULD 
APPRECIATE A DETAILED FINAL COST BREAK-OUT FOR TOTAL FUNDS 
REQUIRED, INCLUDING LABOR, TO COMPLETE THE ENTIRE PROJ- 
ECT. VANCE 
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